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7 February 1957 
MEMORANDUM FOR THE RECORD 


SUBJECT: Coneurrence in Amendment No. 2 to Contract No. HF~B-51118 
with Baird-Atomle Ine., Project MMMM = 95x1/ 


1. This memorandum eontains a racommendation submitted for the 
approval of the Project Director. Such recommendation is contained 
in Paragraph 5. 


2. Contract No. BF-B-SLLIB provides for procurement of 32 air- 
craft sextants and@ related equipment. Amendment No. 1 covers the cost 
of installing an a@verager and making certein improvementa in the sax- 
tants. Also, said Amendment covers the incorporation of revised FAK, 
18 Base Supply, SLOZ and Bonded Warehouse parts liste and costs for 
af@itional spares. 


3. This Amendment Ne. @ covers the addition of Items 9, 10 and ll, 
which covers glass lenses, installation of heated bubble and installa- 
tion of new optics in certain sextants. 


hk. Amendment No. 2 does not require additional funds as the con- 
tractor states that the cost of the additional work can be absorbed in 
the present total contract price which i 5. /, 


5. Ayproval of Amendment No. 2 to Contract No. Hi'~Be52115 and 
execution thereof on behalf of the Agency by the authorized Project 
Contracting Officer is recommended. 
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